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Message Text 

CONFIDENTIAL 

PAGE 01 STATE 017713 
ORIGIN OC-06 

INFO OCT-01 AF-10 ISO-OO CCO-OO FBO-02 SY-05 OCL-OO 
/024R 

DRAFTED BY OC/PE-E:BSKOFFMAN/PWS 

APPROVED BY A/OC:WENAEHER 

OC/PE:GRYOUNTS 

A/OC/AF : RLLOCHMILLER 

OC/S:LJCORRERI 

A/FB O : WMCCOLLOU GH 

A/SY/FO:KD ALTON 

OC/L:WSCHWEIKART(SUBS) 

DESIRED DISTRIBUTION 
A/SY/NSU, AF/EX, OC/L 

111303 232213Z/70 

O P 232131Z JAN 78 
FM SECSTATE WASHDC 
TO AMEMBASSY LOME IMMEDIATE 
INFO AMEMBASSY MONROVIA PRIORITY 
AMEMBASSY ACCRA 
AMEMBASSY LAGOS 

CONFIDENTIAL STATE 017713 

ACCRA FOR RCO; LAGOS FOR RSO; MONROVIA FOR ATO 

E.O. 11652: GDS 

TAGS: AFAC, ABLD, ASEC 

SUBJECT: CCC RENOVATIONS 

REF: (A) LOME OM DTD DEC. 13, 1977; (B) LOME 0009 

I. ITEM 1 - SEABEES ARE TO CORRECT PROBLEMS AND INSTALL 
SIMPLEX LOCK. IS LOCK ON SITE? 
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ITEM 2 - IS REPLACEMENT DOOR ON SITE? IS SIMPLEX LOCK AND 
S&G 8400 LOCK ON SITE? 

ITEM 3 - IS SOLID WOOD DOOR FOR DISINTEGRATOR ROOM ON SITE? 
IS S&G 8400 LOCK ON SITE? 
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ITEM 4 - NAR 

ITEM 5 - IN, ST AT, I, ONLY ONE BUZZER AT ENTRANCE TO COMMCENTER. 
IS BUZZER ON SITE? 

ITEM 6 - SEABEES ARE TO INSTALL LIGHTS AND SUSPENDED CEIL- 
ING IN SECOND STORY NEW ADDITION. EXISTING C&R AREA TO 
REMAIN AS IS. 

ITEM 7 - SEABEES ARE TO INSTALL PINS IN THE EYEBOLTS. 

ASSUME PINS ARE AVAILABLE LOCALLY? 

ITEM 8 - UNLESS THE AREA BELOW THE VAULTED AREA IS CON- 
TROLLED AND OCCUPIED BY U.S. PERSONNEL ONLY, CARPET TILES 
MUST BE REMOVED AND REPLACED WITH LOCALLY PURCHASED VINYL 
TILES. ADVISE. 

ITEM 9 - SEABEES TO UPGRADE PORTION OF WALL CONTAINING 
BOOK CASE TO THE STRENGTH OF EXISTING WALL. 

ITEM 10 - NAR 

ITEM 1 1 - REPLACEMENT PANEL BEING SHIPPED. 

ITEM 12 - POST SHOULD LOCAL PURCHASE EXHAUST FAN AND HAVE 
SEABEES INSTALL PER DTS STANDARDS. POST PREVIOUSLY RE- 
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QUESTED TO DO THIS PER STATE 246001 DTD 13 OCT 77. 

ITEM 13 - SEABEES ARE TO CORRECT SERVICE WINDOW TO MEET 
DTS STANDARDS. 

ITEM 14 - NAR 

ITEM 15 MISSING ITEM WILL BE ORDERED. 

ITEM 16 - DEPT CONCURS WITH RECOMMENDATION. 

ITEM 17 - CONCUR. 

ITEM 18 DEPT TO ORDER AND AIRSHIP CORRECT VOLTAGE 
REGULATOR. 

ITEM 19 - CONCUR. 

ITEM 20 - INSTALLATION TEAM WILL REPLACE DEFECTIVE FILTER. 

ITEM 21 - CONCUR 
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ITEM 22 - CONCUR 

ITEM 23 - SEABEES TO CONSEC FINAL PLASTERING. 

ITEM 24 - NAR 

ITEM 25 - CONCUR. 

ITEM 26 - CONCUR. 

ITEM 27 - POST SHOULD DISCUSS CHANCERY GENERATOR PROBLEM 
WITH A/FBO. 

ITEM 28 - ANTENNA PLAN FOR LOME NOT AVAILABLE AT THIS 
CONFIDENTIAL 
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TIME. 

II. REF PARA 2 LOME 0009, DEPT NOT HAPPY THAT POST AL- 
LOWED CONTRACTOR TO COMPLETE 30 PERCENT OF PLASTERING AND 
INTERNAL WALLS IN NEW CHANCERY ADDITION WITHOUT SEABEE 
SURVEILLANCE. HOWEVER, NO FURTHER WORK IS TO BE DONE IN 
SIDE SECOND STORY AREA UNTIL SEABEES RETURN TO CONSEC. 
SECOND FLOOR GRILLS SHOULD BE INSTALLED IMMEDIATELY. 

m. SEABEES WILL BE RE-SCHEDULED WHEN POST ADVISES THAT 
ALL REMAINING MATERIALS AND EQUIPMENT NOTED ABOVE (EXCEPT 
VOLTAGE REGULATOR) ARE ON SITE. HAS CONTRACTOR RECEIVED 
NECESSARY MATERIALS TO COMPLETE GENERATOR CONTRACT? 

VANCE 


CONFIDENTIAL 


NNN 
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